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BY  THE  HOUSE  OF  DELEGATES, 

March  8th,  1850. 
Read  and  ordered  to  be  printed. 


REPO  R  T 


OP 


THE    STATE    DIRECTORS 


OF   THE 


BALTIMORE  &  SUSQUEHANNA  RAIL  ROAD  CO. 


IN  ANSWER  TO  THE 


Order  of  the  House  of  Delegates,  of  the  28th  Feb.  1850. 


i.ii/iiiiiaiv<s 


=t=E==aK 


REPORT. 


To  the  Honorable 

The  House  of  Delegates  of  Maryland j 

The  undersigned  directors  on  the  part  of  the  State  in  the  Bal- 
timore and  Susquehanna  Rail  Road  company,  in  answer  to  the 
following  order  to  wit : 

By  the  House  of  Delegates, 

February  28th,  1850. 

"Ordered,  That  the  State  Directors  in  the  Baltimore  and  Susque- 
hanna Rail  Road  company  report  to  this  House  forthwith  a  full 
estimate  of  said  company's  new  depot,  in  Calvert  street  in  thg 
city  of  Baltimore  now  being  or  lately  erected,  the  value  of  the 
ground  on  which  said  depot  is  erected,  also  the  name  or  names  of 
the  contractors  for  said  work,  and  also  out  of  what  funds  this  ex- 
pense has  been  defrayed  ;  also  the  cost  of  the  Iron  supplied  to 
that  particular  work,  and  the  nan:e  of  the  person  or  persons  by 
whom  the  same  was  supplied  ;  also  by  whom  and  of  what  kinds 
and  at  what  prices  has  the  company  been  furnished  during  the 
years  1847,  1848  and  1849,  with  the  iron  necessary  for  its  purpo- 
ses, and  to  whom  the  cost  of  the  same  has  been  paid,  and  also  by 
whom  the  accounts  for  this  and  other  iron  have  been  audited  and 
passed." 

RESPECTFULLY  REPORT: 

The  estimated  cost  of  the  Calvert  station  when  finish- 
ed is                                                                         848,000  00 
Of  which  there  has  been  paid,                                         35,451  S7 
The  iron  supplied  for  the  station  amounts  to                     7,279  50 
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^  The  contractors  are 

Name.-^, 

Leiniiioii  &.  Glenn,  cast  iron  pipes, 

Gilnian  (t  Sexton,  cast  iron  for  roof, 

A.  &.  VV.  Denmead  &  Son., for  iror.  work, 

vault,  doois,  window,  giating,  &c. 
Jos.    Sinnnons  &   Sons,  sheet  iron  roof  at 

SSjVff  pel'  square  481)  squares, 
Harlshorn,  Rogers  &  Magraw,  bar  and  rod 

iron  15  tons  ^72^, 


$123  12 
770  36 

1,000  00 

2,800  00 

1,121  20 

5,814  68 


The  contractors  for  building  are, 
George  McGline,  for  excavation. 
Henrv  Fitzhugh  for  supplying  stone. 
H.  Marshall, 
S.  Emory, 


lumber. 


stone  masonry, 
supplying  bricks 


E.  VVilnier,  " 

H.  Small  &  Son,  '^ 

Henry  James,         " 

Thos"  Matthews,    " 

John  DifHey, 

Adams  <fc  Brother,  " 

luuses  G.  Hindes,  for  brick  mason. 

David  Taylor,  for  catpentei. 

A.  t*c  D.  Maxwell,  for  free  stone  mason. 

Wilson  <fc  Brother,  for  painting  and  glazing. 

Sumwalt  &  Green,  for  granite  work. 

A.  &  W.  Denmead  &  Son,  for  wrought  iron  woik. 

William  Bayley,  for  slating. 

Robert  Gilmor,  for  supplying  lime. 

J.  Simms  &  Sons,  for  iron  rooting. 

Hartshorn,  Rogers  &  Magraw,  for  bar  and  rod  iron. 

Gilman  tfc  Sexton,  for  cast  iron. 

Lemmon  &  Glenn  for  cast  iron  pipes. 

The  contracts  were  awarded  on  the  system  of  allotting  the  work 
to  the  lowe^.t  bidder  v.dio  offered  sufficient  security  in  his  knowr* 
character,  or  by  his  recommendation. ' 

The  lot  on  which  the  buildings  are  erected  has  a  front  of  400 
feet  on  Calvert  street  running  back  326  feet  to  North  street,  and 
includes  the  whole  square  bounded  on  the  East  and  West  by  the 
above  streets,  and  on  the  North  and  South  by  Centre  and  Frank- 
lin streets,  except  a  lot  at  the  corner  of  North  and  Franklin  streets 
fronting  50  feet  on  North  street  and  running  back  to  a  depth  of 
SO  ^eet! 

The  company  has  paid  for  the  purchase  of  improvement  and 
leases  on  said  property  and  ground  rent  due  on  the  same  which  are 
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charged  to  the   woik  until   the  station   is  occupied,  the  sum  of 
$5,219  14. 

■^rhere  is  also  an  anniuil  ground  rent  on  the  property  of 
82,853  25  payable  senu-aiinuully.  This  ground  rent  can  b^ 
purchased  at  six  pei  cent,  or  ^47,562  60. 

The  payments  stated  on  3d  and  4ih,  pages  are  to  March  1^ 
1850,  on  account  of  this  station  have  been  made  from  the  net  re- 
venue of  the  company  to  the  amount  of  $33,523  01.  The  bal- 
ance S7,148  have  been  paid  from  the  sale  of  real  estate. 

In  the  annual  report  of  the  President  and  Directors  for  the  yeai^ 
ending  30lh  September,  1S48,  they  say,  "this  company  looking  to 
the  increasing  travel  and  business  of  the  toad  have  leased  the, 
square  of  ground  bounded  by  Calvert  and  North,  Centre  and  Fiank- 
lin  streets  for  the  purposes  of  a  general  depot.  For  a  description 
of  the  improvements  contemplated,  reference  is  made  to  the  an-* 
nexed  report  No.  6,  of  the  architects.  The  construction  of  thia 
depot  will  cause  a  great  annual  saving  in  the  expenses  of  the  com- 
pany by  enabling  it  to  concentrate  under  one  roof  its  oflSces,  and 
all  the  business  of  the  road,  both  tonnage  and  passenger.  The 
cost  of  the  improvement  is  to  be  met  by  the  sale  of  real  estate  be- 
longing to  the  company  and  not  necessary  to  be  retained,"  and  in 
their  report  for  the  year  ending  the  30th  September,  1849,  they 
further  say,  "there  have  been  this  year  expended  822,048  16  on 
Calvert  station,  a  minute  description  of  which  was  given  in  the 
last  annual  report.  The  erection  of  this  building-  has  progressed 
as  rapidly  as  was  consistent  with  proper  economy,  and  a  due  regard 
to  the  company  finances.  We  are  now  assured  by  the  architects 
(Messrs.  Mirnser  and  Neilson)  that  the  work  will  be  so  far  advan- 
ced as  to  afford  possession  for  all  practical  purposes  at  an  early 
day. 

"  It  was  propo.'^ed  to  meet  the  cost  of  this  improvement  '  by  the 
sale  of  real  estate  belonging  to  the  company  and  not  necessary  to 
be  retained,'  but  the  prices  offered  were  so  far  below  the  value  of 
the  property,  it  \yas  thought  most  advisable  not  to  sell  at  present, 
but  wait  a  more  favorable  opportunity  to  reimburse  the  treasury  of 
the  company  from  this  source." 

The  undersigned,  in  addition  to  the  above  extracts,  enumerate 
the  following  property  which  is  now  not  necessary  for  the  purposes 
of  the  road,  and  are  appropriated  by  resolution  of  the  President 
and  Directors  for  the  payment  of  (he  cost  of  the  Calvert  station. 

Lot  on  Howard  street,  lately  leased  by  the  company, 

at  $600  per  annum,  equa'l  (o       -  -  -     .^^lO^OOO  00 

Lots  on  North  street,  part  of  Belvidere  Depot,  of 
800  feel  front  at  $3  per  foot  per  annum,  equal  to  a 
principal  of         -  -  -  -  -       40,000  00 

Lots  in  the  borough  of  York,  Pa.,  belonging  to  the 
York  and  Maryland  Line  Rail  Road  company,  but 
mortgaged  to  the  Baltimore  and  Susquehanna  Rail 
Road  company,  ....        10,000  00 
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Lots  in  Wiightsville,  Pa.,  belonging  to  the  VVrights- 
ville,  York  and  Gettysburg  Rait  Road  company,  but 
mortgaged  to  the  Baltimore  and  Susquehanna  Rail 
Road  company,  ....        15,000  00 

Present  Ticket  office,  jNorth  street,  -  -         2,o00  00 


$77,500  GO 


The  undersigned  also  state  that,  in  addition  to  the  above  pro- 
perty specifically  appropriated  to  the  payment  of  the  cost  of  Cal- 
vert station,  the  company  can  dispose  of  a  part  of  Bolton  depot 
and  lots  adjoining,  which  will  nearly  liquidate  the  whole  cost  of 
the  erection  cf  the  station  and  the  ground,  leaving  it  free  of  ground 
rent. 

The  undersigned,  although  not  called  on  to  state  the  benefits  to 
be  derived  by  this  erecting  of  the  station,  beg  leave  to  say  that  the 
Mayor  and  City  Council  have  by  ordinance  allowed  the  use  of 
steam  power  to  Calvert  station  for  the  transportation  of  passengers 
and  tonnage,  the  saving  to  the  company  by  this  grant  is  fully 
equal  to  the  ground  rent  paid  on  the  lot  to  wit,  §2,853  75. 

The  cost  of  horse  power  last  year  in  transporting  passenger  and 
burden  cars  in  and  out  of  the  city  was  §10,582  67,  and  as  the 
business  increases  this  item  will  increase  in  an  equal  ratio.  The 
saving  by  the  use  of  steam  power  will  reduce  this  item  of  expen- 
diture from  a  quarter  to  one  half. 
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The  undersigned  do  not  know  if  the  above  answer  is  as  full  as 
the  order  may  require,  they  therefore  say  that  the  original  bills  will 
be  submitted  if  -required. 

The  undersigned  to  the  last  query  reply,  that  the  Heads  of 
the  different  Departments,  in  this  case  the  master  machinest, 
alone  has  authority  to  select  and  purchase  all  materials  required 
for  his  department,  the  bills  are  then  approved  by  him  and  sent  to 
the  Treasurer  of  the  company  to  be  audited  and  paid. 
Respectfully  submitted, 

WALTER  FARNANDIS, 
S.  H.  TAGART> 
JOSEPH  SIMMS, 
JOSHUA  F.  COCKEY, 
COLEMAN  YELLOTT, 

Directors  on  the  part  of  the  State  in  Bait.  Susq.  R.  R.  Co. 
Office  Bait,  and  Susq.  R.  R.  Co.  March  6,  1850. 


